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DPS-6171 


Copy {/ of 12 
10 December 1958 


MEMORANDUM FOR THE RECORD 


SUBJECT: Novation and Change of Name of The Ramo-Wooldridge Corporation, 
Los Angeles, California 


1, This memorandum contains a recommendation submitted for approval 
of the Special Assistant to the Director for Planning and Development. 
Such recommendation is contained in Paragraph 5. 


2. The Agency under Project CHALICE holds the following uncompleted 
contracts with The Ramo-Wooldridge Corporation, Los Angeles, California, 
for the research and development and production of electronic systems and 
related equipment, spares, and services of technicians: Contracts Nos. 
A-101, A-102, A-103, HF~A-104, MEM and HF-CT-699. 25X1A 


3. By letter dated 24 September 1958, CMCC Doc. No. 151X5.1237, 
the Contractor advised of plans for a merger of The Ramo-Wooldridge 
Corporation and Thorpson Products, Inc., into a new company to be known 
as the Thompson Ramo Wooldridge Corporation. Contractor's letter dated 
26 November 1958, CMCC Doc. No. 151%5.1297 forwarded the documents 
required by the provisions of ASPR Section 16-505.2(c). The rights and 
obligations of the Government and of the Contractor are unaffected by 
this change. 


4. The attached agreement has been drawn to accomplish the 
novation and change of corporate name under Contracts No.s A-l01, A-102, 
A-103, HF-A-~104, and HF-CT-699. 25X1A 


5, Concurrence in/the agreement and execution thereof on behalf 
of the Agency by the authorized Contracting Officer is recommended. 
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Office of General Counsel 


Approval Requested in 
Paragraph 5, granted. 


_ 25X1A9a 


RICHARD M, BISSELL, JR 
Special Assistant to the Director 
for Planning and Development 
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